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I am writing instead of calling you because there are so many 
dates involved in my story it would be di^icult to give you thu whole 
pi cture o ver the phone. The problem concerna the lack of progress 


by 


on the equipment you are developing for me. 


25X1 


The history of this contract is as follows; Contract was let in 
Jun e 1956 and called foi' the first prototype to be delivered in O:tober 
19 o? and nine (9) additional prototypes in March 1958. kt March 1958, 

requested and was given an extension for delivery until July 1958 . 

One prototype was delivered in early October 1958 and was retttrm;d 2 9 
October for rev/orking. There were many minor defects which could be 
remedied , but the tape cartridge and coder had to be completely redesigned. 
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Qtt 9 fSecember two of my engincore visited 




An ticipating in discussions concerning the program were: 


to discuss progress 
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U appears now that the rovieod schedule calls for delivery of 10 
prototypes loss AC power supply by 1 March 1959. 

The upshot of it all is that wo seem to be in serious difficulty be* 
cause of our commitments. Cur commitmeats were made based upon 
promises. 1 don't know whether you can do anything to get earlier delivery 
or not, at least I thought I should appeal to you although 1 regret having to do 

ITIAL 


25X1 


Declassified in Part - Sanitized Copy Approved for Release 2012/02/14 : CIA-RDP78-03330A0041 00080009-5 










Declassified in Part - Sanitized Copy Approved for Release 2012/02/14 : CIA-RDP78-03330A0041 00080009-5 

CONFIDENTiAt 


ao because 1 Imam you ay© ao much involved in other tiling*. Anyway. wUl 

®aetoow what can be done. The deUvery date of 
1 March was admitted by to be ‘'optiraiatic'.' So delivery may be de- 
layed even more. ' ' / w 


Sincerely. 


N 


ri 

Ifl 
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